WTC1-294-P 


TO: M. Gerstman (TRCC) * DATE: October 3, 1969 

R. M. Monti 
THE WORLD TRADE CENTE] 
REFERENCE NO. 500.827 


FROM: R. M. Monti \ 

SUBJECT: THE WORLD TRADE CENTER - CONTRACT WTC 113.00 - SPRAY ON FIRE PROOFING - 


REFERENCE: 
COPIES: 


D. Brown, A. Koziaa, M.P. Levy, F.H. Werneke; File 1; j KQi; n i\'G 


Reference No. 500.827 relates to a claim from the contractor 
for cleaning of structural steel prior to fireproof ing. 

At a meeting with the contractor on October 2, 1969, M.P. Levy 
agreed that the scraping of steel was over and beyond the scope of what 
was originally contracted for; however, the contractor mus t deduct an 
amount of money that he would have expended for normal cleaning from the 
charges for scraping steel. 

Please solicit a deduct price for normal cleaning from the 
contractor. 



R. M. Monti 
Construction Manager 
The World Trade Center 
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